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1* Tabulation of Investments* 

Total of 
Allocations 
(in T, 

To Pe bpent 
in 1953 

,000 eastnarks) 

Tain installations (each of the 
projects costing of 500,000 or 
rrore eastearks ) 

2)40,803 

22li,0?9 

Subsidiary installations (each of 
the projects costing; 500,000 or 
r ore eastmarks) 

1 - 1,350 

1,350 

Tain installations ( each of the 
projects Costing from 250,000 to 

500,000 eastmarks) 

2U,on 

22,991 

Subsidiary installations (each of 
the projects costing from 250,000 
to 500,000 eastmarks) 

3,520 

3,520 * 

Projects costing up to 250,000 
castnnrks 

39,000 

39,000 

Total: 

309,131* 

291,UiO (1) 
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Breakdown of construction projects ranging from 2$0,0C0 to 500,000 eastmarks 


• 'a in installations s 
Locomotive repair shops 
Rolling stock repair shops 
Construction of railroad stations 
Locomotive maintenance shops 
Rolling stock maintenance shops 
Improvement of railroad lines 
Bridge construction work 
Safety installations 
Housing 

Electrical installations 
Administrative buildings 
Various installations 
Sanitary installations 

Total i 

'Subsidiary- installations: 

Cultural installations 

Health service 

Viol .fare installations 

Youth welfare and training installations 

Total : 


Total Cost To Be Spen t in 1953 
(in 1,000 eastroarks) 


l/6o 

U«o 

792 

792 

3,71/3 

3,71/3 

36o 

360 

1,160 

1,160 

3,1/52 

3,1/52 

1/,000 

l/,000 

5,151/ 

l/,13l/ 

1,030 

l,o3o 

320 

320 

3CG 

300 

950 

950 

1,71/0 

1,71/0 

21/ ,011 

22,991 


720 

720 

682 

682 

780 

730 

1,338 

1,338 


3,520 3,520 


’Breakdown of -construction projects costing 500,000 or more eastrarks 
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Total of 
Allocations 


To Be bpent 
in 1953 


(in 1,000 eas t. marks ) 

lain installeationss 



locomotive repair shops 

MUo 

2,150 

Rolling stock repair shops 

, 5,000 

45oo 

Railroad stations 

6,000 

l,6oo 

locomotive maintenance shops 

4 137 

4137 

Rolling stock maintenance shops 

3,600 

3,600 

Scheduled replacement of equipment 

20,000 

20,000 

Improvement of railroad lines 

172,370 

161,370 

Bridge construction work 

1,4)0 

i,Uoo 

Safety installations 

19 5 k61* 

10, ?61* 

Administrative buildings 

1,000 

1,000 

Various installations 

962 

55o 

Sanitary installations 

2,630 

1,708 

Total: 

21*0,803 

224079 

Subsidiary installations: 



Welfare installations 

5oo 

500 

Youth welfare and training installations 

l,35o 

1,350 

Totals 

l,85o 

l,85o 

Breakdown of investments according to railroad districts: 


Unit Amount 

Total of 
Allocations 

To De -Spent 
in 1953 


a* Berlin railroad district. 

Projects costing 500,000 or r.ora eastrrarks 

’Veter supply at the 
Oeuruppin locomotive 
maintenance shop 

Enlargement of facilities 

for maintenance of passenger 

cars at the Rurmelsburg rolling stock 

maintenance shop 


730 


6oo 


730 


600 


SgCR’-.T/COrTfiOL/l 
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Construction of a rolling 
stock maintenance plant at 


Lichtenberg 

3,000 

3,000 

Construction of double-track 
line between b'ildpark and 

Fichcndorf (2) 

31,000 

'31,000 

Construction of the V.usternark- 
Honnigsdorf-Birkenwerder 
lino (northern section of the 

Berlin Outer Freight Kins) (3) km 36 

70,000 

70,000 

Construction of a second track 
and reinforcement of the 
permanent way between -Hdpark 
and :7ustermark (J;) 

2,000 

2,000 

Construction of a connecting 

curve at 3 c hoe nevre ide-V.uhlheide 1«5 

3,500 

3,500 

Enlargement of the Beddin 

railroad station km 2 0 5 

600 

600 

Reinforcement of the permanent 
way of the Felzig-Rathenow line 
(first construction stage) ion 70 

1,100 

ii.,100 

Construction of a connecting 
curve at the Jueterbog railroad 
station ( ^alkenberg-Seddin) km 6,5 

5,500 

5,500 

Reconstruction of the 

Fuerstenberg railroad station 
(first construction stage) 

2,800 

2,800 

Enlargement of the Brandenburg 
railroad station (first con- 
struction stage) 

2,000 

2,000 

Enlargement of the FYcnkfurt/ 

Oder railroad station km 3,5 

1,070 

1,070 

intension of crossing loops at 

Oolzow, Premnitz* Fritz erbe 

on the B elzig-Rathenow line km O 0 9 

5oo 

5oo 

Construction of a bridge over 
the Spree Kiver at Puerstenv/alde 

900 

900 

Replacement of automatic locking 
installations at the Friedrich- 
stray se and Alexanderplatz 
railroad stations 

000 

5oo 

Signal box at the Bauen railroad 
station 

5oo 

5oo 

Construction of safety instal- 
lations in the southern section 
of the Berlin Outer Freight Ring 
( 3 edd i n-hichgestel 1 1 in e ) 

13,000 

13,000 


secr; t/coftroi,/ 
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Construction of safety instal- 
lations in the northern section 
of the Berlin Outer freight Ring 

750 

750 

Construction of an administration 
building on Krause ns tr as se 

1,000 

1,000 

Construction of experimental 
storage facilities inclusive of 
mechanical equipment at Kirchnoeser 

l,itli0 

510 

Projects costing less than 500,000 eai 

atearks. 


Enlargement of the transloading 
shed at Seddin 

ttOO 

hoo 

Erection of the station hall at 
the Ostbahnhof 

293 

293 

Construction of a rolling stock 
maintenance plant at the 

Cronsbruocke rolling stock 
maintenance shop in Frank furt/Oder 

280 

280 

Enlargement of the Csthalle rolling 
stock maintenance shop in 
Frankfui’t/Oder 

it80 

1*80 

Reconstruction of the Velten svri.tch 2 

railroad station units 370 

370 

Reconstruction of the second 
track at the Ruednitz railroad 
station 

" 3 232 

282 

Jueterbog-Altes Eager 

250 

250 

Beelitz-Stadt 

250 

250 

Ferch-Lienewitz 

250 

250 

Bodnitz (?) 

310 

310 

Construction of a railroad 
underpass on Paulstrasse 

!i00 

ItOO 

over the Spree River 
at ■Vernervrerk 

300 

300 

Railroad underpass on v:iesens trass e 

280 

280 

Railroad underpass on 

H ardenbergs trass e 

300 

300 

Signal boxes Be and Bot at the 

Briesen railroad station on the 
line to Frankfurt/Oder 

U 60 

U 60 

Signal box Osn at the Ostkreuz 
railroad station 

hoh 

hoh 


s:«H;<r/co’7ma 
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Signal box Pbr; at the Potsdam 
railroad station 

li00 

1*00 

Kuectrin~Kict2 houses 36 

h5o 

liSo 

Frankxurt/Odcr (project at 55 

Sophiestrasse) 

250 

250 

Substation of the Berlin 
intemrban railroad system 
at Treptov/cr Park 

320 

320 

Construction of a ticket printing 
plant for the Perl in regional 
railroad headquarters 

.300 

300 

Construction of a dormitory for 
train crews at Kuestrin-Kietz 

hSo 

l*5o 

Construction of locker rooms * v/ash rooms 
and dispensary at the Neuruppin 
maintenance shop 

25o 

250 

Establishment of a kindergarten for 

120 children at the farschauer Strasse 
railroad repair shop 

360 

360 

Construction of an outpatients’ clinic 
at the Schoenewcide railroad repair 
shop 

31*1 

3hl 


b 0 Cottbus railroad district. 


Projects costing 500,000 or nore oastjaarks. 

Reconstruction of the Lauchhairr:er— ^est railroad 
station i j300 

Construction of a crossing loop at the 

Brieske railroad station j cn ^ ^00 

Construction of safety installations 

in the Wobr iluf'k"! ’oehla line section 3 c,-,o 


1,300 

8oo 


3,5oo 


Projects costing less than 500,000 sastmarks. 


Reconsl ruction of trackage at the 
Sonftenberg railroad station 


km 2 

360 

360 

Construction of a crossing loop 
at the kl sterner da-Bichla 
marshaling yard 

ST.ltch k 
units 

1*30 

1*30 

Construction of a bridge at 

' r .l s terwerda-I 1 eraber & ( Frankfurt/ 

Oder-Ockre line) 



250 

250 

SllCRlT/C': 

"TH0J» 
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Construction of signal box Ssw 
at Senftenberg 



390 

390 

Construction of locker and wash 
rooms at the Cottbus maintenance shop 



150 

li5o 

Establishment of a railroad school 
for young railroad workers at Cottbus 



hh6 

10*6 

c fl Dresden railroad district* 





Projects costing 500, OCC or more eastmarks. 



Construction of an auxiliary repair plant for 
section K at tho 7th October locomotive 
repair shop in Zwickau 

l,3ho 

95 o 

Cons true t ion of a new boiler house at the 
Vilhelm Pieck locomotive repair shop in 
Chemnitz 


2,900 

i,5oo 

Construction of an enginehouse for 8 and 
one for 15 locomotives at the Bresden- 
A Its tacit and Dresden-Friodrichstadt 
locomotive maintenance shops 


5io 

830 

5io 

830 

Reconstruction of the second track on the 
St a Bridie n-G lai xc hau— 5 c hoenboer nche n 
railroad line (5) km 

11 

l s 35o 

l,35o 

Reconstruction of the ttiesa ra^lroa* 
station (second construction stage) 



1,350 

1,350 

Enlargement of the Chemnits-Hilbersdorf 
railroad station 533 

3 

6oo 

600 

Enlargement of the Bad Schandau 
railroad station 

Ion 

3 

6oo 

6oo 

Construction of a railroad 
viaduct at Vuischko on the 

Bautzen-Bad Schandau line 



5oo 

5oo 

Establishment of a railroad 
school for juvenile railroad 
workers in Dresden 



l,35o 

1,350 

Projects costing less than 500 # 000 eastnarks 0 


Construction of station 
building at Aue 



Uoo 

1*00 

Repair of the freight shed at 
the Chemnitz-Sued railroad station 



koo 

O 

o 

Reconstruction work at the Plauen 

Obcrer Eahnhof railroad station 



35o 

35o 

Enlargement of the .freight shod. 

V i; "- trans loading shed at 

the Zwickau railroad station 



250 

250 
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Construct ion of a 60-ton coal 
dust storage plant at the Chemnitz 
locomotive maintenance shop 

Reconstruction of the boiler 
house at the Chemnitz rolling 
stock maintenance shop 

Construction of a viaduct at 
Oberrothonbach 

Construction of a viaduct at 
kilometer marker 6* V on the 
Oberbach-Loeben line 

Fridge over the Spree River at 
kilometer marker 6*2 on the 
Bautzen— Fad Gchandau line 

Installation of section blocking 
devices on the Coerlitz-Dresden- 
ivlotzsche lino 

Construction of wash rooms at the 
Chemnitz i*ailroad repair shop 

Construction of a social welfare 
house, at the Chemnitz— Hilbersclorf 
railroad station 



350 

350 


!iC0 

hoo 

to 29.1 

3oo 

300 

to 6. U 

iiOO 

it 00 

to 6.2 

hSo 

hSo 

to 90 

300 

300 


3h0 

3ho 


hoo 

hoo 


d« Erfurt railroad district* 

Projects costing 500,000 or more eastnarks* 


Connection of trad- ? roups 3 and 
a of the Erfurt freight station 
to the hump 

Reconstruction of the second 
track on the Rudolst&dt-Schwarza 
line (6) 

Reconstruction of the 3 anger hausen 
railroad station 

Enlargement of the Saalfeld 
railroad station 


Reconstruction of the Schwarz a 
railroad station (first 
construction stage) 

Reconstruction of the Unter- 
wellenborn railroad station 
(first construction stage) 

Enlargement of the switch 
repair shop at tho Gotha rail ~* 
road repair shop 


km 3 
switch 
units 20 


km 6 


3,000 


650 


1,000 


650 


km 6 

1,050 

1,050 

kn 2 
switch 
units 30 

l,5oo 

5oo 

to 2*5 

switch 
units 10 

5,ooo 

1,500 


1,000 

1,000 


962 

55 o 
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Projects costing less than £00,000 eastnarks. 


Procurement of two locomotive 
lifting cranes for the fbiningen 
locomotive repair shop 

Construction of a tank car 
washing plant at the Jena 
rolling stock repair shop 

Enlargement of the freight 
shed and transloading shed at 
the Gera main railroad station 

Construction of a crossing 
loop at the Or lamuendo -railroad 
station 

Construction of a bridge over the 
Els ter River at buenschendorf 

Construction of a viaduct at 
Kuellstedt 


Construction of a signal box 
at Rotteribach 

Improvement of safety installations on 
the lines which formerly were private 

Reconstruction of signal box I:‘s at 
the I.' e in ingen railroad station 


Construction of a signal box at the Zella 
-ehlxs railroad station 


Establishment of a railroad school for 
young railroad workers at haumburg 


100 

100 

hh2 

hh2 

30C 

300 

270 

270 

120 

2i20 

250 

250 

ij00 

2i00 

ii6o 

ij6o 

h5o 

150 

h.90 

h90 

hh6 



e ° Creifswald railroad district* 

Projects costing 500,000 or more eastmarks* 

en £itt£house at the 
■ad Freienwalde locomotive maintenance 
shop (new capacity t 11 locomotives) 


Projects costing less than £ 00,000 eastmarks. 

Construction of rust removing 
facilities at the rolling stock 
repair shop at Eberswalde 

Enlargement of the freight shod at 
the teustrelitj! railroad station 

Connection of the Jnmen-^chmarsow line 
to the Denrlij-Tutow line ( 7 ) fen In 2 300 

shmont of a railroad 
school for Juvenile railroad 

workers at Otralsund i y / 


r.KGniT/COiTROlJ 


350 

300 


2,067 


350 

300 

300 

hhc 
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fo Halle railroad district* 

Projects Costing 500,000 or more eastir.arks 0 


Construction of a repair plant at the 
"Kinhoit” rolling stock repair 
shop in Leipzig 

Construction of sidings at rolling 
stock repair shops of the district km 60 0 

Construction of a transloading 
shed at the Leip2;ir;*».Vaiiren 
railroad station 


Reconstruction of the second 
track on the Halle-Lisleben line (8) 

Reconstruction of the second track 
on the Leipz ig—Leut r os s korb e t ha 
line <9) to, 


19.2 


Reconstruction of the second 
track on the Hoi fen -Dessau 
line (10) 


Reconstruction of the Ealkenberg 
marshaling yard (first construction 
stage) 

Enlargement of the Rosslau 

railroad station km 1 

Enlargement of the Halle kr 3 

freight station switch 

units 10 

Reconstruction of the second 
track on the Kilenburg- 
Halkenberg line (11) 

Reconstruction of signal box 
itlu B2 at the Gaschwitz rail- 
road station 


Construction of a locomotive 
pilot plant and procurement 
of the pertinent machinery at 
Halite 

Construction of a mes shall for 
personnel of the ’'Einheit" 
railroad repair shop in Leipzig 


1,000 

1,000 

5oo 

1,000 

2,?5o 

2.?00 

3,000 

5oo 

6oo 

6,00.0 

1,200 

1,190 

500 


Projects costing less than 500,000 eastaarks 

Reconstruction of the tran3loading 
shed at the Falkoriberg railroad station 

3 rCHL’T/CO'iTROrJ 


500 

i »,000 

5oo 

11.000 

2,750 

2,700 

3.000 

5oo 

6oo 

6,000 

5oo 

1,190 

5oo 

fi5o 
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Construction of a 60-ton coal 
dust storage plant at the 
h G ip & ig-'Vahren 1 oc omo t ive 


maintenance shop 

255 

255 

Enlargement of the Luecheln km 0„3 

railroad station sv/itch 



units 6 

380 

380 

Construction of the Peisker Bridge at 
kilometer marker 20* 6 

350 

350 

Construction of a bridge on 

Hermann Luebnann otrasse in 

Leipzig 

300 

300 

Construction of signal box 

Hb 2 at lieiterblick 

350 

100 

Construction of signal box 

Hp 3 at Halle 

700 

llj.0 

Construction of a social 
welfare building at firosskorbeiha 

300 

300 

Establishment of a kindergarten 
in Leipzig 

360 

360 

Construction of a social welfare 
building at the Altenburg rail- 
road maintenance shop 

380 

380 

£* Lagdeburg railroad district^ 



Projects costing 500,000 or more east, narks. 



Completion of the station 
build inf; of the Ragdeburg min 
railroad station 

Ii,200 

800 

Railroad facilities for the 

Foundry Combine '.Vest (third 
construction project) 

h,h00 


Reconstruction of the second 
track between Schoenebeck and 

Calbo-Oot (12) fen 12 J 4 

1,500 

i,5oo 

Enlargement of the Blankonburg 
railroad station (first con- 
struction stage) 

2,500 

1,000 

Projects costing less than 500,000 eastmarks, 



Repair of the roof of the Halborstadt 
locomotive repair shop 

360 

360 


S^RCT/CymoiJ 
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Enlargement of the transloading 
shed at the Kagdeburg—Rothensee 
freight station 

Construction of an enginehouse 
for six locomotives at the 
locomotive maintenance shop in 
Falberstadt 

Construction of a dwelling 
house for workers families 
of the railroad repair shop in 
ragdeburg 

Construction of a workshop 
and office building in Magdeburg 

Construction of clubhouse for 
FDJ members in "gdeburg 

Reconstruction of building Ho 60 
j lahnho fs tr ns s c to bo used for wash 
rooms s a dispensary and kitchen 

Establishment of an outpatients * 
clinic at the railroad repair shop 
In S tends! 


300 


255 


380 

300 

350 

250 

3h 1 


300 


255 


380 

300 

35o 



32a 


Schwerin railroad district 


Projects costing $00,000 or more earmarks* 


Enlargement of the Cassebohm 
railroad station 


1,900 

Enlargement of the Priemerburg 
railroad station 


6 00 

Construction of departure and 

km 2*5 

1,800 

arrival tracks at the Vrismar 

switch 

railroad station 

units 6 



1,900 


6(;0 

1,800 


Projects costing less than 500,000 eastmarks c 


Reconstruction of the freight 
shed at the Rostock freight 
station 

Reconditioning of block order 
station ‘lb at the Ludwigslust 
railroad station 


300 


300 
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